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DEPT FOR OC/PE, ACCRA FOR RCO, ABIDJAN FOR RSO/TSO, NAIROBI 
FOR RSS FROM ATO 

E.O. 11652: N/A 

TAGS: ASEC NSU 

SUBJECT: ACCRA CCC RENOVATIONS 

REFS: A. ACCRA 0414, B. STATE 008338 

1 . ATO CANNOT PROCEED ACCORDING TO ORIGINAL PLAN FOR 
COORDINATED ATO/SEABEE EFFORT DUE TO LACK OF A GENERATOR 
BUILDING. THIS PLAN CALLED FOR OVERLAP OF TWO EFFORTS 
FOLLOWED BY COMPLETION OF UPGRADE BY ATO. 

2. ATO NOW PLANNING TO PROVIDE ONE TECHNICIAN WHO WILL 
PERFORM NECESSARY RELOCATIONS AND PROVIDE TEMPORARY POWER 
AS REQUIRED TO KEEP THE CCC OPERATIONAL DURING THE FOLLOWING 
THE SEABEE RENOVATION. THE ATO TECH WILL WIRE THE NEW LIGHTING 
FIXTURES AND, IF CIRCUMSTANCES PERMIT, WILL INSTALL SOME OF 
THE RACEWAYS AND CONDUIT INSIDE THE CCC. HOWEVER, 

NO ATTEMPT TO COMPLETE THE PERMANENT INSTALLATION INSIDE 
LIMITED OFFICIAL USE 

LIMITED OFFICIAL USE 

PAGE 02 MONROV 00381 180845Z 

THE CCC WILL BE MADE PRIOR TO COMPLETION OF GENERATOR 
BUILDING. 

CARTER 
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